DUNLEARY HARBOUR. 



AN ESTIMATE OF THE SUM THAT MAY BE REQUIRED 
For carrying on the Works at the Royal Harbour of George the Fourth, 
at King’s Town ; — (formerly Dunleary.) 

Forty-five Thousand Pounds. 

(£. 45,000.) 

British Currency. 

J. C. HERRIES. 

Whitehall, Treasury Chambers, 

16th May 1823. 



COPY OF A LETTER 

From the Commissioners of the Royal Harbour of George the Fourth, relative to the Estimates 
for the Current Year together with the Estimates marked (A.) and (B.); and the Account of 

the Expenditure to 5th January 1823 (C.) , __ , „ _ . ^ 

^ Royal Harbour of George the Fourth, 

gjR Board Room, 20th February 1823. 

WE have the honour of acknowledging the receipt of a letter from the right honourable 
V ' H. Goulburn, dated 30th ultimo, signifying, by the Lord Lieutenant s command, that we 
should furnish an Estimate of the sum that will be necessary for carrying on the works ot this 
Harbour for the year, to the 5th January 1824; and desiring, that the Estimate may be kept as 
low as the description of the service will permit ; and also to transmit an account ot the expendi- 
ture for the year, to the 5th January last. 

We beg leave to state to you, for the information of the Lord Lieutenant and Mr. Goulburn, 
that in obedience thereto, we called upon our resident engineer for Estimates, which we enclose, 
the one marked (A.) ;-r-viz. 

« Estimate of the probable expense of continuing the Works of the Royal Harbour of 
George the Fourth, from the 5th of April next to 5th April 1824.” 



To 242,000 cubic yards of rock, to be deposited in forming the £. 

Moles or Piers, at 5s. per yard 60,500 

To 16,000 cubic feet of cut stone, at is. 3d. per foot - - 1,000 

To 6,000 superficial yards of facing on the glacis of the East Pier, 
at 5 s. per yard 1,500 

(signed) “JohnAird." Amount - - - £.63,000 



amount £. 63,000 for the utmost extent of the work our present powers can accomplish The 
other, marked (B.) — amount £. 45,500 ; — viz. 

« Estimate of the probable expense of continuing the Works of the Royal Harbour of 
George the Fourth, from the 5th April next to 5th April 1824.” 

To 172,000 cubic yards of rock, to be deposited in forming the 
Mole or Piers, at 5 *• P er y ard 

To 16,000 cubic feet of cut stone, at is. 3d. per foot - 

To 6,000 superficial yards of facing on the glacis of the East Pier, 
at 5s. per yard 



£. 

43,000 

1,000 

1,500 



(signed) 



“ John Aird," 

10th February 1823. 



£- 45.500 



-being the sum actually necessary to continue the worts, and the employment -of ’the ipoor persons 
engaged thereon, on the same scale as heretofore, for one year from the 5th April next ; from 
which period, it will be expedient that our year should commence, as it is indispensably necessary 
that the means of carrying on the works for the quarter to 5th April, should remain at our com- 
mand in money, die weekly subsistence of sudli a number of the labouring class being imperatively 
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called for; and to enable us to continue that system of economy in our transactions, which ready 
money dealings, such as we have heretofore been enabled to pursue, have in our opinion benefited 
the public concern in a very material degree. 



Having called on our resident Engineer to report on the general state of the works, for the in- 
formation of Government, he has given it as follows ; viz. 

King’s Town, xoth February 1823. 

“ In pursuance of your letter of the 6th instant, directing a report on the progress and state 

of the works of the Royal Harbour of George the Fourth, and a probable estimate of the sum 
“ necessary to continue them for the current year, I beg leave to submit the following ; and I may 
“ observe, in the first place, that the procedure of the works are in strict conformity with the plan 
“ and description furnished for them by the late Mr. Rennie.” 1 

“ Th e East Pier is extended about 3,350 feet from highwater mark, and the West Pier 1,185 feet 
“ > n length beyond the Chicken Rocks, and 420 feet from thence inwards, to highwater mark at 
“ Coffee-house corner, besides 1,250 feet of heavy filling round the shore, on the verge of the 
“ old harbour, that had to be executed to preserve the level of the railway ; during the last year 
“ there was 408 feet, in length, of the East Pier executed in a depth of 28 to 30 feet under low- 
“ water mark, and in the same period, the West Pier was extended 570 feet in a depth of 1 1 to 
“ 12 feet under the like data. The East Pier will yet require about 1,000 feet of length, and the 
“ West Pier about 3,060 feet, to bring them to their terminations, as laid down by the late 
“ Mr. Rennie.” 3 

“ B y the original arrangement, about 500 feet of the outer end of each of the piers is proposed 
“ to be faced with a wallof cut stone for the present, and from thence, inwards, to be formed as 
“ a rubble mole or breakwater, having a slope or glacis on the sea side, laid to an angle, on which 
“ the strength of the waves may be spent gradually, without, as it were, meeting any direct resist- 
“ ance : th e foundation of these moles, and the preparation of cut stone for the purpose above 
“ stated, have constituted the principal part to which all the detail of the operations have hitherto 
“ been directed ; and it may be satisfactory to observe, that the whole of the proceedings have 
“ g° ne on without experiencing anything like a severe check, either from that formidable element 
“ the sea, when agitated by storms, or any unforeseen misfortune throughout the detailed operations 
“ on shore ; such is the detail of the work, and the manner of its construction, all executed by 
“ contract, with' the exception of some minor details ; the quarries are in excellent order, and con- 
“ tinue to promise an abundant supply of materials fit for the purpose required, and as hitherto, 

“ 1 apprehend, the works of the present year should be directed to the extension of the piers or 
“ moles towards their termination, and the preparation of cut stone for the extreme ends so as to 
“ be in readiness when required, as also in regard to the glacis of the East Pier, very’ properly 
“ referred to in your communication, I am of opinion, that about eight or nine hundred feet in 
“ length, near the inner end, may, with propriety, be proceeded with in the present year.” 

“ 1“ respect to the quantities to be contemplated, one set of inclined planes is capable of 
“ passing 172,000 cubic yards of rock in the course of the year, but the preparations for execution 
“ that have been made, will admit, with facility, an increase in that department of nearly one-half 
“ more; and the importance of such a work in the Bay of Dublin, where the imperfect shelter it 
“ already affords, is so eagerly sought after by His Majesty’s ships of war and revenue cruizers 
“ and all trading vessels frequenting the Irish Channel, would seem to present strong motives for 
“ rendering that accommodation perfect, with the least practicable delay, while the saving that 
“ would arise from an early completion, in shortening the time of the establishment necessarily 
“ employed, and the increase of employment to the labouring classes, may not be unworthy of 
“ consideration.” 3 



“ Having offered these observations, I beg leave to submit two Estimates for the wise con- 
sideration of the Board, one for the least scale of work that, in my humble opinion, ought to 
be adopted, and the other embracing a larger quantity, which maybe performed with equal 
facility. ’■ ^ 



“ To Geo. Darling, Esq.” 



(signed) “ John Aird.” 



And we beg leave to state, for the information of His Excellency and Mr. Goulburn that we 

entirely agree with him in his statement of facts, and general view of the subject, not more from the 
high opinion we entertain of his ability and integrity, than from our individual and collective know- 
ledge obtained by the experience of seven years, with our minds and attendance studiously devoted 
to this grand national object. We therefore conclude, presuming to recommend the greater Estimate 
to the consideration of Government, as that best adapted to the earliest usefulness of the Royal 
Harbour of George the Fourth ; whom may God in his infinite mercy long preserve. 

We have the honour to transcribe ourselves, with great respect, Sir, 

Your most obedient humble servants, 

(signed) Rich* Verschoyle. 

James Crofton. 

Graves C. Swan. 

Fra ‘ Hodgkinsrm. 

Ab m Bradley King. 

The enclosed Paper (C.) is an Account of our Expenditure for the Year, ‘to the 5th January 
last; - -- -- -- -- - amount £.41,693. 1. 9. 



W. Gregory, Esq. 
&c. Ac. &c. 
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(A.) 

ESTIMATE of the Probable Expense of continuing the Works of the Royal Harbour of 
George' the Fourth, from the 5th of April next to 5th April 1824. 



To 242,000 cubic yards of rock to be deposited in forming the Moles or" 
Piers, at 5 s. per yard - -- -- -- -- 


£■ s. d. 

60,500 - - 


To 16,000 cubic feet of cut stone, at 1 s. 3 d. per foot - - - - 


1 ,000 - - 


To 6,000 superficial yards of facing on the glacis of the East Pier, at 5 s. per 
yard ------ ------ 


1,500 - - 


£. 


63,000 - - 


Royal Harbour, King’s Town,! 

10th February 1823. J (signed) 


John Aird. 


Richard Verschoyle,! 

James Crofton, 

Ab m Bradley King, > Commissioners. 
Graves C. Swan, 

Fra. Hodgkinson, J 





(B.) 

ESTIMATE of the Probable Expense of continuing the Works of the Royal Harbour of 
George the Fourth, from the 5th of April next to 5th April 1824. 



To 172,000 cubic yards of rock, to be deposited in forming the Moles or 
Piers, at 5 s. per yard - -- -- -- -- 

To i§,ooo cubic feet of cut stone, at is. 2d. per foot - - - - 

To 6,000 superficial yards of facing 6n the glacis of the East Pier, at 5 s. j 
per yard - -- -- -- -- -- - 


£. s. d. 

43,000 - - 

1,000 - - 
1,500 - - 


£. 


45,500 - - 


Royal Harbour, King’s Town,! 

10th February 1823. J (signed) 


John Aird. 


Richard Verschoyle,) 

James Crofton, 

Ab m Bradley King, > Commissioners. 
Graves C. Swan, 

Fra. Hodgkinson, J 





(C.) 



AN ACCOUNT of the- Expenditure of the Commissioners of the Royal Harbour of George 
the Fourth, for one Year, from the 6th January 1822 to the 5th January 1823. 



Amount. 



Heads of Expenditure : 

Officers’ Salaries - 

Rents payable and Taxes -------- 

Tradesmen and Labourers ------ 

Stationery, printing and advertising ------ 

Railway Road - -- -- -- -- - 

Tools, Implements, Iron, &c. ------- 

Incidental Expenses - -- -- -- -- 

Coals - -- -- -- -- -- 

Buildings -- --- ------ 

Quarrying --- -------- 

Timber, Deals, &c. - -- -- -- -- 

Light-house - -- -- -- -- - 

Cut stone and Railway plates ------- 

Total Expenditure - - 



£. s. d. 
1,361 13 4 
463 19 5 i 
3>737 9 9 i 
40 16 si 
2,690 1 - f 
1,194 10 1 
*99 9 9 
185 3 9 
103 19 6 
29,706 ii 7 \ 
741 >5 2 1 
117 IX 9 
1,150 - - 



41.693 1 9 



Royal Harbour of George the Fourth,'! 
Board Room, 20th February 1823. J 



Richard Verschoyle. 
James Crofton. 

Ab m Bradley King. 
Graves C. Swan. 
Fra. Hodg/cinson. 
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